1528                                  UNIT  CONSTRUCTION   COSTS
Receiving Bins— Cost per Cubic Foot of Capacity
TOTAL COST
CAPACITY                                                                    •                                 AMOUNT        PEE Cu. FT
11,386 cu, ft ...................................................         $38,073. 73           $3.34
This cost consists of accounts 7401 to 7404 inclusive, and 7407
The capacity of the receiving bins waa obtained by assuming that the material lay on a one
and one-half to one slope on falling from the cars
Conveyors— Cost per Ton of Capacity
No
CONVEYORS	CAPACITY,                        TOTAL COST TONS PER HOUR         AMOUNT               PER TON 100                    $3,258.11                 $32.58			Account 7405 7405 7904 7904 , 7904, 8113 8113, 8425 8505	.01 , 1 .2 ,1
2                             .......	150	•2,853.22 6,938.01 9,929.99 11,668.39 969 . 20 3,948.62 2,674.24 13,716.49	19.02 27.75 22.07 23 . 33 9 . 00 19.74 20 . 74		
	250				
gl-82-83                           .......	450				
	500				
9	100				
131-132        .........	200				
15	100				
	700				
.
The above costs do not include any steel supporting structure for the conveyors.    Capacities are taken from the designers' drawings
Complete Conveyor — Cost per Lineal Foot
CONVEYOR No.                             TOTAL LENGTH         AMOUNT        COBT I>KK FOOT
No. 3, 4, 5, 6, 11, 14 ............................     1,284.9ft.           $44,290.05            SIM. 47
Cost consists of accounts 8501 to 8505.2, and 8506.    The total length in the sum of the lengths of the various conveyors measured from center of head pulley to center of tail pulley
Cost of Cooling Tower per Thousand Gallons a Minute
TOTAL COHT
M GALLONS PER MIN.                                          AMOUNT         PBJU M GALLONS
12 M ............. .........................................        $20,273.01            $2,189.42
Cost consists of accounts 9050 to 9053 inclusive
Cost of Dust Chambers per Cubic Foot
TOTAL COST
NAME                     Cu. FT.       AMOUNT     PER Co. FT.
Roaster dust chamber .........   256,860     $49,604. 70        SO. 19      Accounts 8121 to 8123.3 incuism*
Converter dust chamber .......     67,210       27,813.58         0.41            "         8421 to 842H
Cost of Flues per Cubic Foot
TOTAL COST
NAME                      Cu. FT.     AMOUNT    PER Cu  FT.
Reverberatory flue ............     63,420     $13,453. 70        $0.21      Accounts 801 1 to 8014 . 2 inclusive
Roaster dust chamber flue .....     29,527      12,859.10          0.44             "         8025 to 8029
Flues from   boilers to reverb.
flues ......................       6,734        2,983.42          0.44             "         8306 to 8300. 2
Converter flue ...............     10,705        7,602.88          0.71              "         8021 to 8024
Cost of Flues per Lineal Foot
TOTAL COST
NAME                    LIN. FT.      AMOUNT        PEH FT.
Reverb, flue .................      250         $13,453.70      $53.81      In obtaining these costs tho sumo
Roaster dust chamber flue .....      170            12,859 .10        75 . 64         accounts were used as in com-
Flues from boilers to revert ...      246              2,983 .42        12 . 13         puting the cost of flue per oubie
Converter flue ...............      208             7,602.88        30.55          foot.....           83,100               Ki,002.71             0. U\
